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The Metro Call for Projects will provide funding for a wide array 








of pedestrian improvements along Melrose Avenue between SPECIFIC IMPROVEMENTS AT SPECIFIC LOCATIONS 

Fairfax Avenue and Highland Avenue. The general types and 1. Sidewalks: Widen sidewalks on both sides of Melrose between 
, "T —_ d irfax High 

amounts of improvements were specified in the application. i. i ai a ee 


For certain improvements, the locations were identified with a . . | 
a. Between Ogden and Highland, sidewalks (or sidewalks and 


high level of specificity. Other improvements were described parkways) are generally 12 feet wide. From Ogden to Fairfax, 
they are 7 feet wide, because street was widened at some 


point. This would make street and sidewalk widths more 
regarding design and precise locations. There likely would consistent throughout BID. 


with less specificity, and provide the BID with more discretion 


be some limited ability to shift funding among categories. 2. Curb ramp upgrades with truncated domes: 82 locations: 


However, all of the funding is allocated either to specific line approx TONAN 


3. Upgrade existing crosswalks to high-visibility “Continental” 


items, or overhead-type costs. | 
crosswalks with advance stop bars: approx. $100,000 
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' The Cost Estimate includes a category for demolition costs, and a category for hardscape construction 
costs, both of which appear to be primarily for this sidewalk reconstruction, but also Includes some costs 
relating to landscaping and sidewalk repair. 
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SPECIFIC IMPROVEMENTS WITH SOME FLEXIBILITY RE LOCATIONS 





4. Pedestrian-Lighting: 60 new light posts at transit stops: 
$750,000 


a. The application includes pedestrian lighting at transit stops 
only because the City of LA will install without a Prop 218 
assessment. General pedestrian lighting along Melrose Avenue 
sidewalks would require a Prop 218 balloting and assessment, 
or inclusion of this item in the BID assessment. 


5. Street Furniture: The application includes specific quantities 
and approximate per unit costs, but allows flexibility re design and 
location. The application highlighted transit service, so attention 
should be paid to major transit stops at Fairfax and La Brea (both 
provide bus access to Hollywood/Highland Red Line Station and 
Expo Line stations), as well as Starline Tours’ stop locations. 


a. Benches: 20 @ $1,500 each 
b. Trash Cans: 30 @ $1,200 each 
c. Bike Racks: 40 @ $600 each 


6. Shade Trees: 


a. New Trees: 50 24” box trees @ $650 each. The intention is to 
provide shade to sidewalks and transit stops, but otherwise do 


c. Tree Removal: $39,000 for removal of 30 trees. Presumes 
that some ficus would be removed (primarily for ADA 
compliance), some unhealthy tree removal, and removal of 
existing trees where there is a desire to create a uniform street 
tree. Apart from issues of ADA compliance, or safety issues 
such as visibility of traffic signals, the project could decide to 
reduce the number of tree removals. 


7. Sidewalk Repair 


LESS SPECIFIC IMPROVEMENTS WITH MORE FLEXIBILITY RE DESIGN 
AND LOCATION 


8. Landscaping: 10,000 square feet of drought-tolerant 
landscaping in existing or new parkways: approx. $250,000 


9. Community Gateway Signs: 6 @ 15,000 each 


10. Public Art: 3 @ 15,000 each 


11. Wayfinding Signage: 16 @ 1,500 each: total of $24,000 








b. Existing Trees: $24,000 for canopy pruning and root pruning 
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AIRFAX AVENUE lit 


Sierra Bonita Avnue 
Gardner Street 
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Sponsoring Agency: Los Angeles Bureau of Street Services 


LEGEND 
= PROJECT AREA, SHADE TREES, PEDESTRIAN LIGHTS 


Sidewalk Widening 
Bus Stop Improvements 


Sightseeing Bus Stop Improvements 


Opportunity Site at Existing Landscaped Parkway 
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IMAGE A.1: Proposed Improvements ~ Melrose Avenue from Fairfax to Highland Avenues 
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Project Title: 


City of Los Angeles 
DEPARTMENT OF PUBLIC WORKS 


Bureau of Street Services 


Preliminary (Class 'C') Cost Estimate 


Melrose Avenue from Fairfax to Highland Avenues 


| 1/21/2015] 
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tem Description Quantity Unit Unit Cost Cost 
|. | General Move-On Costs (BSS) 
1 Mobilization (2% to 5% of Construction Cost) 1 LS 50,000.00 $ 50,000.00 
2 Survey and Layout 1 LS $ 10,000.00 $ 10,000.00 
3 Traffic Control: Daily Set-up & Take Down 1 LS 10,000.00 $ 10,000.00 
Section | Subtotal $ 70,000.00 
ll. Demolition/Removals (BSS) 
4 Asphalt Concrete Removal, per inch of thickness (8") 1500 SF $ 440 $ 6,600.00 
5 Concrete Removal (3"thick) sidewalk 25000 SF $ 3.50 $ 87,500.00 
6 Concrete Removal (6" thick) driveway 3000 SF $ 6.50 $ 19,500.00 
7 Unclassified Excavation, incl. Backfill & Haul-away 300 CY $ 70.00 $ 21,000.00 
8 Utility Pole/ Fire Hydrant Relocation/Street Lights 6 EA $ 10,000.00 $ 60,000.00 
9 Tree Canopy Pruning 20 EA $ 500.00 $ 10,000.00 
10 Tree Removal 30 EA $ 1,300.00 $ 39,000.00 
11 Root Pruning 20 EA $ 700.00 $ 14,000.00 
12 Clearing and Grubbing 10000 SF $ 0.40 $ 4,000.00 
13 Integral Curb & Gutter 2,000 LF $ 8.00 $ 16,000.00 
Section || Subtotal $ 277,600.00 
lil. Hardscape Construction (BSS) 
14 Crushed Miscellaneous Base (CMB) 6"thick 2000 SF $ 1.75 $ 3,500.00 
15 6" thick Concrete 3000 SF $ 11.00 $ 33,000.00 
16 3" thick Concrete 25,000 SF $ 9.00 $ 225,000.00 
17 4" thick Stamped Colored Concrete 6000 SF $ 20.00 $ 120,000.00 
18 Decomposed Granite (DG) 12000 SF $ 2.00 $ 24,000.00 
19 Access Ramps 82 EA $ 3,500.00 $ 287,000.00 
20 Integral Concrete Curb and Gutter, a=2', b=6" 2000 LF $ 33.00 $ 66,000.00 
Section III Subtotal $ 758,500.00 
IV. Landscape & Irrigation (BSS) 
21 Imported Top Soil, Placed and Compacted 600 CY $ 50.00 $ 30,000.00 
22 24" box Street Tree in parkway 50 EA $ 650.00 $ 32,500.00 
23 Landscape Planting 10,000 SF $ 8.50 $ 85,000.00 
24 Irrigation System 10,000 SF $ 6.50 $ 65,000.00 
ater N Controtler; & Backfiow Device 6 ; : 5300.00 ,000.00 
Section IV Subtotal $ 285,500.00 


IMAGE A.2: Preliminary Cost Estimate, Metro Call for Projects 
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City of Los Angeles 
DEPARTMENT OF PUBLIC WORKS 


Bureau of Street Services 
Preliminary (Class 'C') Cost Estimate 


V. Street Lighting (BSL) 
26 Electrolier, Head, Lamp Assembly + Conduit (ped) 60 EA $ 
Does not include design/Prop. 218 costs 


12,500.00 $ 750,000.00 











Section IV Subtotal $ 750,000.00 
Vi. Miscellaneous 

27 Wayfinding Signage 16 EA $ 1,500.00 $ 24,000.00 
28 Catch Basins Relocation 1 LS $ 15,000.00 $ 15,000.00 
29 Public Art 3 EA $ 15,000.00 $ 45,000.00 
30 High-Visibility Crosswalks 40 EA $ 2,500.00 $ 100,000.00 
31 Traffic Signal 3 EA $ 50,000.00 $ 150,000.00 
32 Bicycle Racks 40 EA $ 600.00 $ 24,000.00 
33 Benches 20 EA $ 1,500.00 $ 30,000.00 
34 Trash Receptacles 30 EA $ 1,200.00 $ 36,000.00 
35 Construction Credit Sign Type III 2 EA $ 650.00 $ 1,300.00 
36 Community Gateway Sign 6 EA $ 15,000.00 $ 90,000.00 
Section VI Subtotal $ 515,300.00 

37 Construction Items (I. - VI. Above) Subtotal $ 2,656,900.00 
38 10% Contingenc $ 265,690.00 
TOTAL CONSTRUCTION COST (TCC) $ 2,922,590.00 

VII. Project Administration 

39 Community Outreach (1% of TCC) $ 29,225.90 
40 Environmental Document 1 LS $ 10,000.00 $10,000.00 
41 PE/Final Design (based on 12% of TCC) $ 350,710.80 
42 Staking Survey (based on 7% of TCC) 1 LS $ 10,000.00 $ 10,000.00 
43 Construction Management/Construction Inspection (based on 5% of TCC) $ 146,129.50 
44 Project Management (based on 3% of construction total $ 87,677.70 





TOTAL PROJECT COST (TPC) 


$ 3,556,333.90 


TOTAL PROJECT COST (TPC) - ROUNDED $ 3,556,000.00 
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